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BILL NO. s-85-11-2 Y 
is a 
SPECIAL ORDINANCE NO. S- 226-43 


AN ORDINANCE approving Change Order 
No. 1 (FINAL) for Res. 398-84, Sluice 
Gate Structure for Sludge Lagoons, 
with Land, Inc., in connection with 
the Board of Public Works and Safety 
of the City of Fort Wayne, Indiana. 





NOW, THEREFORE, BE IT ORDAINED BY THE COMMON COUNCIL OF 
THE CITY OF FORT WAYNE, INDIANA: 

SECTION 1. That Change Order No. 1 (FINAL) for Res. 
398-84, Sluice Gate Structure for Sludge Lagoons, with Land, Inc., 
in connection with the Board of Public Works and Safety, for: 


Change Order No. 1 (FINAL), for Res. 
398-84, Sluice Gate Structure for 
Sludge Lagoons is necessary because 
subsurface conditions adjacent to 

the existing manhole caused extensive 
construction delays that required an 
installation procedure modification 

and structure construction changes. 
Removal of the upper portion of the 
existing manhole revealed structural 
damage in the section to remain in 
place under this contract. The repairs 
were made under the direction of the 
engineering department again dewatering 
operations were necessary to stabilize 
the ground around the structure during 
modification. Finally the excavating 
material was deemed unsuitable for back- 
fill and the contractor was instructed 
to haul in suitable backfill material; 





involving a net increase of One Thousand Eight Hundred Fifty and 
No/100 Dollars ($1,850.00), all as more particularly set forth 
in the specifications, and which is on file with the Office of 
the Board of Public Works and Safety, and is by reference incor- 
porated herein, made a part hereof and is hereby in all things 
ratified, confirmed and approved. 

SECTION 2. That this Ordinance shall be in full force 
and effect from and after its passage and any and all necessary 


approval by the Mayor. 





APPROVED TO FORM 






City Attorney 





ruce O. Box 


Read the first time in ull, and on motion by 7? 
seconded by La , and duly adopted, rest ET second ye 
by title and referred to the Committee ; (and the City 
Plan Commission for recommendation) and Publi net eld after 


ring to oe ar ces 
due legal notice, at the Council Chambers, Ci ullding, Fort Wayne 

















Indiana, on , the day of 
ae ie wae o'cloc MES 
DATE: Lh hee ka ee 
» L 







Read the t 
seconded by 
passage. PASSED 


yrd time gm full and on motion by 
, and duly adopted, pla&c¢d on its 
(LOSP) by the following vote: 


AYES NAYS ABSTAINED ABSENT TO-WEE: 





TOTAL VOTES 
BRADBURY 
BURNS 
EISBART 
GiaQUINTA 
HENRY 

REDD 
SCHMIDT 
STIER i 
TALARICO "A i ; 


SANDRA E. KENNEDY, CITY CLERK 


Se a 
N 


AAT 


DATE: 


Passed and adopted by the Common Council of the City of Fort 


Wayne, Indiana, as NNEXATION) APPROPRIATION) ~~—-(G ) 
(SPECIAL) (ZONING MAP) ORDINANCE (RESOLUTION) -~ NO. 22 L-A 5 


on the eS s% day of A 2D e AN ASEO LOSA 


as (SEAL). 
gate Mok T 


ae 


Ñ 


SED a 


SANDRA E. KENNEDY, CITY CLERK 






Presented by me to the ee Of ‘the City of ort Wayne, Indiana, 


on the D Det day of Page Be ge ee 


at the hour of EE o'clock t 
SANDRA E. KENNEDY, CITY CLERK 
Approved and signed by me this 4s day of af re Se ja 
19 BS ; at the hour of J. Do "crock Z sMo Be SuD 






. m4 a bers. 
elie ae wes ET 
WIN MOSES, JR., MAYOR 





CHANGE ORDER 








Change Order No. l and FINAL Resolution No. 398-84 
Project No. Board Order No. 107-84 
Name of Project: "Sluice Gate Structure for Sludge Lagoons Date: 8 June 1985 
To: Land, Inc. 

(Contractor) 


Gentlemen: 


You are hereby requested to comply with the following changes from the contract plans and 
specifications: 













item h Description of Change |__| Change in Contract Price 
No. | Quantity | Ie Aa Description v- € e jonit Price | Decrease | Increase |- 


Structure Modfication 















Total Decrease 


rn 


Total Increase 1,850.00 


1,850.00 


Net (Beoxeasexx(Increase) Contract Price 


The sum of $_1,850.00 Sis hereby (added to) (4 ed- EOR) 
and the final contract price shall be adjusted as follows: 





Original Contract Price 11.391.00 
Current Contract Price Adjusted by Previous Change Order S— 


a J ; 11,391.00 

New Contract Price including this Change Order $ 13.241.00 
The time provided for completion in the contract for this project is (unchanged) ginerezsedè 
(dexmemsexk) by 286 calendar days due to this Change Order. The date for completion 
of all work shall be December 1, 1985 - Furthermore, this document shall become an 





amendment to the contract and all provisions of the contract shall apply hereto. 


Recommended by: Cpls Z6 Chief Engineer Date Ce LA JA IT 


Accepted rer A Te LAS = s Bs NJ Ex 
Approved by Cte c_, San So City Engineer Date Oeh JOTF 

oS Wa cg 5 z 
Approved by: A Ae Á Owner Date (/J~ K 9} S 

Z f () a 

DL, PSY) 

% 

Attested by: AL Lo faa Lha JÁ tt hod erk Date LIE- 2 5 


a Contractor Date =< 





T3 


2e 


a ae ma Change Order No._1 and FINAL 
‘ Resolution No. 398-84 
Board Order No.__107-84 TET 


REQUEST AND JUSTIFICATION FOR CHANGE 


Necessity for change: Subsurface conditions adjacent to the existing manhole 


caused extensive construction delays, that required an installation procedure 





modification and structure construction changes. Removal of the upper portion 





of the existing manhole revealed structural damage in the section to remain 


in place under this contract. The repairs were made under the direction of 


the engineering department again dewatering operations were necessary to stabilize 





the ground around the structure during modification. Finally the excavation 


material was deemed unsuitable for backfill and the contractor was instructed 





to haul in suitable backfill material. 








Will proposed change alter size of the project? Yes No 


If yes, explain 





a $ [IFI * “ 
` ‘ Admn. Anpr. 


TITLE OF ORDINANCE change Order #1, 


Structure for Sludge Lagoons. 


DEPARTMENT REQUESTING ORDINANCE Board of Public Wor 









the ground around the structure during modification. Finally 


the excavating material was deemed unsuitable for backfille and 
the contractor was instructed to haul in suitable backfill material. 


Land, Inc., is the Contractor. 


EFFECT OF PASSAGE Structure Modification for above. 


EFFECT OF NON-PASSAGE 


MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) $1,850.00 (increase) 


———— OO ae 


ASSIGNED TO COMMITTEE 





BILL NO. — S-85-11-24 


REPORT OF THE COMMITTEE ON CITY UTILITIES 





WE, YOUR COMMITTEE ON Care ESS ot -TO WHOM WAS 


REFERRED AN (ORDINANCE) ` (RESORUFXONT approving Change Order 


No. 1 (FINAL) for Res. 398-84, Sluice Gate Structure for Sludge 


ne a ae 


Lagoons, with Land, Inc., in connection with the Board of Public Works 


and Safety of the City of Fort Wayne, Indiana 


a 


Orearen : ; j - 











—- 
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HAVÈ HAD SAID (ORDINANCE) (REGOKÖXXĞN) UNDER CONSIDERATION AND BEG 


LEAVE TO REPORT BACK TO THE COMMON COUNCIL THAT SAID (ORDINANCE), 








(RESOLUTION) 
BELO OE aaeeeo 
yo 
THOMAS C. HENRY 
CHAIRMAN . 
JANET G. BRADBURY ` gpa. 
ocr CHAINNOR et a eee 





DONALD J. SCHMIDT 





JAMES S. STIER . 





Tee ee © 5 ad eR CHARLES B. REDD . 
5 P —_ ` Se j 3 ; 

CONCURRED IN Al RE-RS SANDRA E. KENNEDY 

: P f CITY CLERK 








